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of these presents, with good, strong, and substantial new
timber and other necessary stuff,

All the said frame and other works whatsoever in and
upon the said plot or parcel of ground-(being not by any
authority restrained, and having ingress, egress and regress
to do the same) before the five and twentieth day of July
next coming after the date hereof:

o                                    "

AND SHALL ALSO at his or their like costs and charges.

o     *

provide and find all manner of workmen, timber, joists,
rafters, boards, doors, bolts, hinges, brick, tile, lath, lime,
hair, sand, nails, lead, iron, glass, workmanship and other

things whatsoever, which shall be needful, convenient and
necessary for the said frame and works and every part thereof,

And shall also make all the said frame in every point for
scantlings larger and bigger in assize than the scantlings of the
timber of the said new erected house called the Globe.

AND ALSO that he the said Peter Street shall forthwith, as
well by himself as by such other and so many workmen as
shall be convenient and necessary, enter into and upon the
said buildings and works,

o                   *

And shall in reasonable manner proceed therein, without
any wilful detraction until the same shall be fully effected
and finished.

IN CONSIDERATION of all which buildings, and of all stuff
and workmanship hereto belonging,

The said Phillip Henslowe and Edward Alleyn, and either
"of them, for themselves, their and either of their executors
and administrators, do jointly and severally covenant to grant
to and with the said Peter Street, his executors and adminis-
trators, by these presents,

That they, the said Phillip Henslowe and Edward Alleyn,
or one of them or the executors, administrators or assigns of
them or one of them, shall and will well and truly pay or
cause to be paid unto the said Peter Street, his executors or
assigns, at the place aforesaid appointed for the erecting of
the said frame, The full sum of four hundred and forty pounds
of lawful money of England, in manner and form following,